OFFICE OF THE PURCHASING AGENT 



DATE: 


BID NO. 
SUBJECT: 


TOWN OF ARLINGTON 


730 Massachusetts Avenue 


Arlington, MA 02476 


May 22, 2017 


Telephone (781) 316-3003 
Fax (781)316-3019 


TO ALL BIDDERS 


17-30 

Central School Driveway Reconstruction Project 

ADDENDUM NO. 2 


TO WHOM IT MAY CONCERN: 

With reference to the bid request relative to the above subject, please note the 
following: 


ATTACHED CORRECTED BID FORM, PAGE 1 


All other terms, conditions and specifications remain unchanged. 
Very truly yours. 

Town of Arlington 


Domenic R. Lanzillotti 
Purchasing Officer 


BID FORM 


For: Central School Driveway Reconstruction Project (Bid #17-30) 

Proposal (BID)of_ 

(hereinafter called "Bidder") a corporation, organized and existing under the laws of the Commonwealth 
of Massachusetts. 


doing business as _ 

(corporation, proprietorship, partnership) 
to the TOWN OF ARLINGTON hereinafter called "Owner". 

Gentlemen: 

A. The Bidder, in compliance with your invitation for bids for Central school Driveway 
Reconstruction Project, Arlington Massachusetts, having examined the plan and 
specifications with related documents and the site of the proposed project including the availability of 
materials and labor, hereby proposes to furnish all labor, materials and supplies, and to construct the 
project in accordance with the Contract 

Documents, within the time set forth therein, and at the prices stated below. These prices are to 
cover all expenses incurred in performing the work required under the Contract Documents, of which 
this proposal is a part. 

Bidder hereby agrees to commence work under this Contract on or before a date to be specified in 
the written "Notice to Proceed" from the Owner, and to complete the work no later than September 
30, 2017. The Bidder further agrees to pay as liquidated damages, the sum of $100.00 for each 
consecutive calendar day thereafter that the works remains incomplete, as provided in the 
Instruction to Bidders, Modifications to General Conditions. 

B. Bidder acknowledges receipt of the following addendum: 


_ Dated 

_ Dated 

_ Dated 

C. Bidder agrees to perform all work described in the specifications and shown on the drawings, for 
the following lump sum price of: 

1. Total Proposed Base Bid Contract Price: 


Dollars ($_1 


1 




